ALL PBID Renewal Schedule for 2021 (Absolute last day) 
Petition Drive must be completed , verified by TRU and Clerk 

Report signed and submitted to Council by MA Y 27, 2020 

Prop 218 Timeline (4/22/20) 

ACTION DATE 


Completion of petition phase - last day 
for BID to submit petitions to City Clerk 

Public Hearing regarding establishment 
at ED Committee. ED Committee 
reviews and recommends MDP, ER, 
Ordinance of Intention, and Clerk 
Transmittal recommendations be 
adopted by full Council. 

ED Committee/Clerk Transmittal report 
and Ordinance of Intention adopted by 
City Council on first reading. OOI sent 
forthwith to Mayor for signature: 

Notice of Public Hearing, OOI and Ballot 
Package (MDP/ER summary, ballot, 
ballot instructions, return envelope and 
secrecy envelope) mailed out to all 
Stakeholders: 

Public Hearing before Council closes the 
balloting process. Council directs City 
Clerk to count ballots and report results. 

Ballot tabulation reported to Council. 
Ordinance to establish the BID adopted 
by City Council. City Clerk directed to 
contract with 501 c to administer BID. 


Ordinance of Establishment effective 
date (estimated): 

Place assessments on County tax rolls: 
Admin Contract to BID 501 c 
BID begins operation: 


Wednesday, MAY 20, 2020 


(IN ED CMTE) 
WAIVED 


(IN COUNCIL) 

LAST DAY = Wednesday, JUNE 
3, 2020 


(MAILOUT) 

Friday, JUNE 12, 2020 


(IN CCL FINAL PUB. HEARING 
& Ballot tabulation) 
Wednesday, JULY 29. 2020 
(47 th day after mail out; Council 
2020 Summer recess July 7 

through July 28) 


(IN CCL Ballot tabulation 
Announcement, OOE 1 st 
READING & ADOPTION) 
Friday, JULY 31. 2020 
MUST have 12 CCL members, 
cannot carryover a week and 
make tax rolls 

TBD 


August 1, 2020 
Sept 1,2020 
January 1,2021 














